Margaret P. Grafeld Declassified/Released US Department of State EO Systematic Review 04 MAY 2006 


Message Text 


LIMITED OFFICIAL USE 
PAGE 01 TOKYO 10740 161023Z 
10 

ACTION SY-05 

INFO OCT-01 EA-07 ISO-OO /013 W 

034367 

R 160749Z JUL76 
FM AMEMBASSY TOKYO 
TO SECSTATE WASHDC 0867 
INFO AMCONSUL HONG KONG 


LIMITED OFFICIAL USE TOKYO 10740 

DEPT FOR A/SY/T ATTN: J. PERDEW AND A/SY/FO; HONG 
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TAGS: ASEC 

SUBJECT: WEEKLY ACTIVITY REPORT, 05-09 JULY 

1. CCTV - NO ACTIVITY. 

2. ALARMS - MET WITH FBO AND CONTRACTOR ABOUT PERIMETER 
ALARM SYSTEM. CONTRACTOR HAS MISTAKENLY MOUNTED A FACSIMILE 
OF THE MTB-10 WALL MOUNTS WHERE THE PERIMETER ALARM SYSTEM 

IS TO BE PLACED. THIS APPARENTLY HAPPENED THROUGH SOME 
MISUNDERSTANDING OF THE CONTRACT; BUT WILL BE RECTIFIED 
BY THE CONTRACTOR IN EXCHANGE FOR THE LABOR CHARGE 
INVOLVED IN PULLING THE POWER SUPPLY LINES FOR THE 
PERIMETER SYSTEM. IN PLACE OF THE CCTV MOUNTS CONTRACTOR 
WILL INSTALL WALT. MOUNTED ELECTRICAL BOXES ON WHICH THE 
OMNI SPECTRA ALARM WILL BE MOUNTED. 

3. LOCKS: ACCESS CONTROL DOOR DESIGN FOR MAIN ENTRANCE 
AND CONSULAR ENTRANCE WERE FINALIZED BY FBO AND 
CONSTRUCTION OF THE DOORS BEGAN. IN THE DESIGN THREE 
LOCKS PER DOOR ARE REQUIRED AS DETAILED IN TOKYO 10408. 

ATTEMPTS AT CHANGING THE DESIGN TO INCORPORATE FEWER 
LOCKS WERE TOO LATE, AS PRODUCTION OF THE DOORS HAD 
ALREADY BEGUN. 
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4. MISCELLANEOUS: ON 05 JULY (HOLIDAY) OPERATED X-RAY 
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AT AMBASSADOR'S RESIDENCE. ON 06 JULY TOOK PICTURES IN 
AND ABOUT NOB. 

HODGSON 
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